ENGINEERING 
CHANGE NOTICE 


DART AEROSPACE 
LTD 
~. 


Date: 
12.05.28 
IJob No.: 
NlA 
ADR Yes/No: 
yes 
ADRDate: 
~ECN#:112- 
:isr 
Product No.: 
0350-561 
Created By: 
\1Do 
AP 
Approved By: 


Product Name: 
Cargo Mirror Installation 
Checked By: 
"1i(\ 
II 


Distribution 
Reqd 
Resp 
Initial I Date 
Distribution 
Reqd 
Resp 
Initial I Date 


Production Manager I Coord. 
Y 
LL 
DQA I QA Coord. 
N 


Purchasing Coord. 
N 
CL 
ac Coordinator 
N 


Production Engineering Coord. 
Y 
EC 
Customer Technical Support 
Y 
MB 


Marketing 
Y 
SW 


Customer Order Processing 
N 


Reason for Change: 
Hardware length change, add LH side mirror kits, design modification 


Documents Affected: 
MDL-D350-561 Revised to Rev. C 
ICA-D350-561 Revised to Rev. 1 
0350-561 Revised to Rev. E 
03635 revised to Rev. B 


PARTS MUST COMPLY 
PREVIOUS PARTS SATISFACTORY 
o 


# 
Quality Assurance Actions 
Reqd 
Resp 
Notes 
Complete 


1 
Notify Previous Customers 
N 


2 
Notify Eurocopter France 
N 


3 


# 
Engineering 
Actions 
Reqd 
Resp 
Notes 
Complete 


4 
Required Documents/Drawings Under Review 
N 


5 
Update Master Document List (MDL) 
Y 
AP 
MDL-D35Q-561Rev. C 
:L.OS .••-';)J(. ~. fl. 


6 
Update Product Compatability Matrix 
N 


7 
Create Eurocopter Form (FEE) 
N 


8 
Notify TC I FAA of Change 
N 


9 


# 
Document Control Actions 
10 Move Electronic Files/Design Journal 
11 Update Product Specification Files 
12 Update Approved/Preliminary Dwg PDF Files 


13 Update Document Record (DR) 
14 Update Product Development Summary 
15 Update aSI 021 and/or STC Approval List 


16 Update Parts I STC Database 
17 Update I Verify ARC Database 
18 Create / Update Change Record Form / Item Card Database 


19 Create I Update PPP's 
20 Red Decals required? 
21 Update Document Control Database I Laminated Dwgs 
22 Update Grey Project I Electronic Binder PDF Files 
23 Update D-PartlM-Drawing/DSVDEO Master Binders 


24 


Description 
I Action: 


D350-561-243 @ CHG 0021'10rUt 


D350-561-143 @ CHG 004 


D350-561-045@ CHG 003 
II. 
DS19379-011 @CHG 002 N19~ 


Reqd 


Y 


Y 


Y 


N 
N 
N 


N 
N 


Y 


Y 


Y 


N 


Y 


Y 


Resp 


KJ 
KJ 
KJ 
D3635 Rev. B 


KJ 
KJ 
KJ 


KJ 
KJ 


Notes 
Complete 
,.... 
\e.,,~ 
Ii'1.1J'5 
I~ 
\2..015,"'") 


'I 
-/,::;,05 ,~g 
~~ 


i 7(),. !J13 , cUt' =-J "" 
L/ 


Replace AN3-4A fasteners with AN3-5A fasteners. Modify D3635-3 Gasket by trimming it in accordance with DWG D3635 Rev. B. 


ECN Verified & Complete: 
Date: 


H:\Forms\Engineering\approved online eng\ECNrevS.xls 


Linda Lacelle 


From: 
Sent: 
To: 


Subject: 


Kim Johnston <kjohnston@dartaero.com> 
May-28-12 
4:03 PM 
Linda Lacelle; Melanie Fauteux; Eric Charbonneau; 
David Duval; Chantal Lavoie; Marc 
Bellavance; Sian Willems 
ECN renumbering 


Your copy of ECN12-557 should be 12-596 for the 0350-561 
mirror. 
Please correct your copy. 


Thanks, 


Kim Johnston 


Engineering 
Clerk 
Document Control 
1270 Aberdeen 
Street 
Hawkesbury, 
Ontario, K6A 1K7 
Email: kjohnston@dartaero.com 
Tel: 613-632-5200 
Fax: 613-632-9311 


1 


